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Hon. Daniel M. Fox, 
Supt., Us S. Mint, 
Philadelphia. 

Dear Sir: 

We are in receipt this morning of the enclosed letter 
dated ‘July 16th, from the Edge Moor Iron Co, They mention the 
fact that it is impossible for them to run the drip pipe from the 
heater to the blow-off well, because ee duct has not been com- 
pleted in which ee it. ‘It has been impossible to tedbtenes 
this duct for the reason that it occupied a position in the 
engine room which. was heretofore covered by the piers supporting 
certain shafting, and consequently could not be constructed until 
this shafting fea removed. This duct will no doubt be completed 

in one or two days, after which time the Edge Moor Iron Co. can 
lay the pipe aeuine mane 
They also speak of an attachment from the heater to the 
water pipe, connecting the main street. You will remember that 
some Meeks Since our Mr. Batodoh called your attention by letter 


to the fact that this pipe is so badly GRETOAGA ayy, it should be — 


re=laid. We find that as yet, this work has not been @ttended 
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tos We would suggest that your plumber take immediate steps to 
make this necessary repair, and that in order to secure a more 
complete job, the 22 ian enae iron pipe now in the ground, 
should be popleeesa by a 4 inch cast iron pipe run from the street 
main to the duct in the engine room, and there provided with a T 
having 2-242 inch outlets; each wathet being provided with a valve 

The Edge Moor Iron Co. also state that unless directed, they 
would prefer not to cover the steam % the water pipes ante after 
the steam had been raised in the boilers. The connection to the 
stack of the main flue, will be made to-day, and it would be 
advisable for you to anion coal into the ea bins, so that steam 
may be started in the boilers as soon as possible. The coal order 
should be Upper Lehigh Anthracite Pea coal of the best quality and «+» 
clean as the market affords. The coal bins are ready, and there 
is nothing to prevent the delivery of the coals 

Before closing this communication, we would state that in 
accordance with your directions, Mr. Mecaul, the Contractor for 
engine room &c., has been dimesiee to plaster the ceiling of the 
engine room, on will be finished in the course of two or three 
days. He ~ practically finished all of the work connected with 
the boiler room, vaults &e., with the exception of hanging a 
to the same, Searee and eledeing aes end the work that is now 


going On in the engine room is being done in advance of the time 


specified in his contract for the same. In consideration of the 
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Py, ; 
fact that this plastering and other work being done in the engine 
room, and the great quantity of dirt and dust that is being made 
by fs men taking down and removing the old steam plant, we have 
directed the Kensington Engine Works to cover up the engines, and 
not couple them until such times as they will be safe and pres 
from the flying grit. We have given this order in accordance 
with your approval last week. 

The work is being pushed with energy, and taking into consid= 
eration the fact that the Mint was not seaueed at the time orig- 
inally gentempl at ede we have no reason to doubt but that the gee 
tractors will be ready to start their work as soon as your own is 
have finished making aimee and repairs in aE machinery and 


rolling mild, and other parts of the building. 


Yours respectfully, 


freiira Tha Ea 


ENCLOSURE. 
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[Abstract:] Edgemoor Iron Co. state it is impossible to run drip pipe... 


Wilson Brothers & Co. 

Civil Engineers and Architects, 
Philadelphia, Pa. 

July 18, 1887 


Hon. Daniel M. Fox, 
Supt., U.S. Mint, 
Philadelphia. 


Dear Sir: 


We are in receipt this morning of the enclosed letter dated July 16th, from the Edge Moor 
Iron Co. They mention the fact that it is impossible for them to run the drip pipe from the heater 
to the blow-off well, because the duct has not been completed in which to lay it. It has been 
impossible to construct this duct for the reason that it occupied a position in the engine room 
which was heretofore covered by the piers supporting certain shafting, and consequently could 
not be constructed until this shafting was removed. This duct will no doubt be completed in one 
or two days, after which time the Edge Moor Iron Co. can lay the pipe mentioned. 


The also speak of an attachment from the heater to the water pipe, connecting the main 
street. You will remember that some weeks since our Mr. Darrach called your attention by letter 
to the fact that this pipe is so badly corroded that is should be re-laid. We find that as yet, this 
work has not been attended to. We would suggest that your plumber take immediate steps to 
make this necessary repair, and that in order to secure a more complete job, the 2 % inch cast 
iron pipe now in the ground, should be replaced by a 4 inch cast iron pipe run from the street 
main to the duct in the engine room, and there provided with a T having 2- 2 % inch outlets; each 
outlet being provided with a valve. 


The Edge Moor Iron Co. also state that unless directed, they would prefer not to cover the 
steam and the water pipes until after the steam had been raised in the boilers. The connection to 
the stack of the main flue, will be made to-day, and it would be advisable for you to order coal 
into the coal bins, so that steam may be started in the boilers as soon as possible. The coal erder 
should be Upper Lehigh Anthracite Pea coal of the best quality and clean as the market affords. 
The coal bins are ready, and there is nothing to prevent the delivery of the coal. 


Before closing this communication, we would state that in accordance with your 
directions, Mr. McCaul, the Contractor for engine room &c., has been directed to plaster the 
ceiling of the engine room, which will be finished in the course of two or three days. He has 
practically finished all of the work connected with the boiler room, vaults &c., with the 
exception of hanging doors to the same, painting and cleaning up; and the work that is now going 
on in the engine room is being done in advance of the time specified in his contract for the same. 
In consideration of the fact that this plastering and other work is being done in the engine room, 
and the great quantity of dirt and dust that is being made by the men taking down and removing 
the old steam plant, we have directed the Kensington Engine Works to cover up the engines, and 
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not couple them until such times as they will be safe and free from the flying grit. We have given 
this order in accordance with your approval last week. 


The work is being pushed with energy, and taking into consideration the fact that the 
Mint was not stopped at the time originally contemplated, we have no reason to doubt but that 
the contractors will be ready to start their work as soon as your own men have finished making 
changes and repairs in the machinery and rolling mill, and other parts of the building. 


Yours respectfully, 
Wilson Bro & Co. 


ENCLOSURE. 


